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Final Report 
For 

La Crosse Drive Box Culvert Crossings 
At West Little Llagas Creek 
Reach 7A 

Contract No. CO310 


This is the Final Report for La Crosse Box Culvert Crossings at West Little Llagas Creek, Reach 
7A, in the City of Morgan Hill, at two different locations on La Crosse Drive, all within the 
boundaries of the South Flood Control Zone of the Santa Clara Valley Water District. 


Prepared By 

Richard DiBenedetto, Resident Construction Inspector 
Under the Direction of 

Harvey Passanisi, Construction Division Head 
and 

Larry Maggi, Senior Construction Inspector 


TC 
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1990 
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LIBRARY 



SCOPE OF WORK 


This project consists of the addition of two separate deep flow box culvert to two existing three 
barrel box culverts at separate locations on La Crosse Drive. The addition of the deep flow 
boxes extended the two culvert by fourteen (14) feet. There were three separate utility 
companies that had to extend their existing equipment that was in place in the concrete sidewalks 
on the bridges. This relocation and replacement was coordinated by the general contractor. 

The following is a basic listing of the quantities required for this project: 

530 cubic yards for concrete structure 
174.98 Tons of asphalt concrete 
90 Lineal feet of barrier wall 
1,710 square feet of concrete sidewalk 
1,800 cubic yards of structure back fill 
5,000 cubic yards of structure excavation 

The project was defined by 23 pay items and 15 separate plan sheets. 


Mr. Bruce Wilson P.E., Division Engineer, Engineering Service Division 

Mr. Timmy Yung P.E., Senior Civil Engineer 

Mr. Sam Seyedhossenini, Assistant Civil Engineering 

Construction Division Inspection Staff 

Mr. Harvey A. Passanisi, Division Head, Construction 
Mr. Larry Maggi, Senior Construction Inspector 
Mr. Dean Arroyo, Resident Construction Inspector 
Mr. Robert Muser, Resident Construction Inspector 
Mr. Miguel Medina, Construction Inspector Tech. I 
Mr. Richard DiBenedetto, Resident Construction Inspector 

Final Report 

Mr. Larry Maggi, Senior Construction Inspector 

Mr. Richard DiBenedetto, Resident Construction Inspector 
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SontoGora\falleu\rtfobrDistrict ( \ CONTRACT CHANGE ORDER NO. ,Final) 

J v-/ 

CONTRACT NO. C0310 _ 

La Crosse Drive Box Culvert Crossings at West 
Project Little Llagas Creek, Reach 7A, Morgan Hill _ sheet 1 of 2 Sheets 

Original Contract Amount $541,290.00 _ Current Contract Amount $541,290.00 _ 

j 0 Raisch Construction Co., P.0. Box 1808, Fremont, CA 94538 Contractor 

You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not effective 
until approved by the District Board of Directors. 


Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at contract 
price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such time as equip¬ 
ment is actually used and no allowance will be made for idle time. 

Change requested by District 

INCREASE IN CONTRACT ITEMS QF WORKl 


Item No. 5 

Temporary Fencing 

306 L.F. @ $6.00 L.F. 

= $1,836.00 

Item No. 12 

Asphalt Concrete Pavement 

35.7 Tons @ $94.00 Ton 

= $3,355.80 

Item No. 15 

Concrete Barrier 

.58 L.F. @ $120.00 L.F. 

= $ 69.60 

Item No. 18 

Sewer Line Protection Rack 

L.S. @ y 282.00 

= $ 282.00 

Item No. 19 

Concrete Sidewalk and Driveway 

141.70 S.F. @ $3.00 S.F. 

= $ 425.10 

Item No. 20 

Concrete Gutter 

4.9 L.F. @ $10.00 L.F. 

= $ 49.00 

Item No. 21 

Water Line Modification 

L.S. @ $807.86 

= $ 807.86 

Item No. 23 

Sanitary Sewer Modification 

L.S. @ $3,421.35 

= S 2 MU 1 


Total Increase 

$10,246.71 

nnruKASK tn contract items OF WORK 


Item No. 9 

Permeable Material 

184.18 Tons @ $28.00 Ton 

= $ 5,157.04 

Item No. 11 

Air Blown Mortar 

150 C.Y. @ $200.00 C.Y. = 

= $30,000.00 

Item No. 13 

Class Two Aggregate Base 

37.14 Tons @ $32.00 Ton = 

= $ 1,188.48 

Item No. 16 

New Chain Link Fence 

8 L. F. @ $20.00 L.F. = 

S 160.00 


Total Decrease 


$ 36,505.52 







Santa Clara Volley Water District CONTRACT CHANGE ORDER NO. 1( , n ?. al) 

CONTRACT NO. C031Q _ 

La Crosse Drive Box Culvert Crossings at West 
Proiect Little Llagas Creek, Reach 7A, Morgan Hill _ sheet 2 of 2 Sheets 

Original Contract Amount $541,290.00 _ Current Contract Amount $541,290.00 _ 

To Raisch Construction Co., P.0. Box 1808, Fremont, CA 94538 _Contractor 

You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not effective 
until approved by the District Board of Directors. 

| Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at contract 

| price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such time as equip- 

I ment is actually used and no allowance will be made for idle time. 

j Change requested by District 


ADDITIONAL CONTRACT ITEM OF WORK 

I 

Item No. A - Asphalt Driveway - Provide necessary labor, equipment and material to excavate, 
place base rock and asphalt concrete Pavement in order to conform to driveway approaches of 
City of Morgan Hill park pathways. Compensation to be made under the basis of Extra Work 
at Time and Materials for a total amount of.S 

| Total Additional Item of Work = $ 

I 

i 


Net Estimated Change in Costs Decrease $ 24 > 932.18 _or Increase $ xxxx 


By reason of this order the time of 

completion will be adjusted as follows: 16 calendar days 


Approval 

Submitted by Recommended_ 

Project Engineer or Coordinator Flood Control Manager/Water Supply Manager 

Approved _ _ 

General Manager Oate Chairman/Board of Directors Date 

We, the undersigned contractor, have given careful consideration to the change proposed and hereby agree, if this proposal 
is approved, that we will provide all equipment, furnish all materials, except as may otherwise be noted above, and perform 
ail services necessary for the work above specified, and will accept as full payment therefor the prices shown above. 

Accepted, Date_ Contractor__ 

By_ Title____ 


1,326.63 

1,326.63 


fo ?fi7 rn i u) ?.a m 








SfiHTA "LARA VALLEY WATER DISTRICT 


MONTHLY PROGRESS PAY ESTIMATE #10 (Final) 


PROJECT jlaCrosse Dr, Sox Culvert: West Little Liaaas Ck.« Reach 7A 0R1SINAL BID ; $541,290,00 

CONTRACTOfhfisiarir Construction^Co7. .—.~ FIRST DAY —-- 

ADDRESS ;P.O. Box.643, San Jose,; CA 95106 OF WORK : ii-Sep-89 

TIME ALLOWED s '270 

- - Hfl- . - i - MTE - . r-t l -- (f i naltr ^ wa s t - 1 4-,-1990- ---—- 


PAGE: 

TODAY'S DATE: 
PAY i FROM! 
PERIOD: (TO! 
-SGNTfiAGT- W0-.. 


1 o i 2 
12“Sep“90— 

i8-8ep-90 

C03K*~ 


C.C.O. SO. k DATE,: 
C.C.O. HO .'k DATE,: 

COS T.-: r.- ;T. r 
REVISED TIMET DAYS)x 


TOTAL CONTRACT 


_»vvi. 


Total north of work to date* 
Less Retention,....,.,..,,*, 


-ft gg rs l n i nf i^ortfrot^mrirtirfetF^ 
Less previous payments to Centr. 
Balance this period............. 


Totals 

$516,357,82 

$ 0.00 

$5167^7.-82 

$490,539.93 

$25,817.89 


I COMPLETE...,..,.. 

I TIME ELAPSED............ 


-286- 

ioox 


Less stop nonce s TTtnrrTBaaggSTTTrr;rrrrrrrr 
Paysent due Conir, this period............... 

Less Payments to Escrow (Final Estimate Only! 
■farfigTrt~das“t'mrtr5ttDr'F'in3l ,, 

Securities need to cover ret, 
tess securities on deposit. 

~ 5is t , retention ( -if~secur it i g s i n sufficient) 7 - 
Retention to date 
Less paytent to escrow 


$25,817.39 

t25t8±7.89- 


Hpprovai necostenriedi 


"~8ut3“Toti5t7777777T 

-"Less- District' retention,...... 

faysent due escrow this period 



approved: 




~Frgj'?t±~EngiTreer~or7 
Resident Inspector 


‘•SonstructitnrDmsiofrHead-■ - 


rtru urv 

lien «U. 


DESCRIPTION 


:MOBILIZATION 

*:CtEARIN6-r GRUBBING- 

:TRAFFIC CONTROL 4 DETOUR 
:CONTROL OF WATER 

tTEMPORARY"FENCING- 

:STRUCTURE REMOVAL 
:STRUCTURE EXCAVATION (Fj 
-iSTRIjCTURE-BACYFitiriF). 

■ PCI 


10 


ERMEABLE MATERIAL 
:CONCRETE STRUCTURE 


If} 


- BLOWN-MORTAR 


Li lui-HPP 1 HbbhtBHiC ehsc 

‘4-TTUBUtAR-HANTRAIttMt— 

15 '.CONCRETE BARRIER 

Id 1 MONUMENT RESTORATION 

It-:NE§hCHAi1ttTNK'FENCE 


m 11 s 


SvYt' 

TONS 


-f--V 

TONS 

TONS 


!. , i 


Eft. 


9UAHTITE5 


9E9I8E!)' 


$54,000,00 

$ 10 , 000.00 

$12,000.00 

$9,000.00 

--- 210"- 

$13,000.00 


516.00 


a > L 


300-r 
850 : 
530 ; 
-+50-t- 
140 ; 
300 : 

— vf\- s. 

90 : 

4 , 

i s 

-VfA r 


/ f C ll'l 

QOJ.di 


262,96 

90.53 

1027*30- 


8 UANTITY OF WORK PERFORMED 


PREVIOUS--rftttS-PERiSh—KHJATt • 


1007. 


- 

1002 

100.002 

516.00 

1002 : 

5000 


—ifiOtr 
665.32 
530.00 


175.70 

262.86 


”90“ 

90.58 

1 

— m . 


iu 

OS-i 

01 

0.001 

0 - 

oi 

0 

o- 

0.00 

0.00 

.- 0 - 

o.oO 

0,00 

0 - 

0.00 

0 

-th- 


♦ oov 

100 , 00 s 

'516,00~ 

. 100 % 

5000 

—-1800-; 
665.8! 


-O' 

175.70 

262,86 

— 90- 
90,58 

— 102 


UNIT PRICE 


$54,000.00 
SlOyvOO', 00 

4 n j\AA A A 

?iijyvv.Uv 

+ A AAA Art 

? 7 ,VUV«Vtf 


-56.00 

$13,000.00 

511.00 

-$13.00- 

$23.00 
$419.00 
—$200700- 
$94.00 
$32.00 

-$142700- 

$ 120.00 
$340.00 
- $ 20 . 00 - 


EXTEHSIGH 


$54,000.00 : 
~ f l<b ' 033y00- i- 
$ 12 , 000.00 : 
$9,000.00 : 
$5; 093:00-: 
$13,000.00 : 
$55,000.00 : 
$32t400'.0O-: 


$222,070.00 

-$ 0.00 

$16,515.80 
$8,411.52 
$12,780.00 
$10,369.60 
$340.00 
.$2;040,00 


SUBTOTAL 


$480,165.08 
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